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Hon. 1M. Fox, 





Supt., Us S. Mint, 


Philadelipeia, 
Dear Sir: 
We transmit approximate’ estimate No. 2 in duplicate, 
in favor of Charles McCaul, Contractor, for New Boiler Room Rec, 
under contract dated March 8th, 1887; amount due of this ebhe- 


hase, ,$'7, 290.36; 


ee Very respectfully, 
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[Abstract:] Transmit approximate estimate No. 2 in duplicate... 


Wilson Brothers & Co. 

Civil Engineers and Architects, 
Philadelphia, Pa. 

June 20, 1887 


Hon. Daniel M. Fox, 
Supt., U.S. Mint, 
Philadelphia. 


Dear Sir: 
We transmit approximate estimate No. 2 in duplicate, in favor of Charles McCaul, 
Contractor, for New Boiler Room &c., under contract dated March 8th, 1887; amount due of this 


estimate, $7,290.36. 


Very respectfully, 
Wilson Bros & Co. 


